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V. AFFTC PROJECT DIRECTIVE NR 


IS. A PIC PRIORITY 


62B01 

S. REPORTING PERIOD 


62-17 

7, TITLE AND OBJECTIVE 


Februar y 1965 


,tle and objective EXPERIMENTAL PERSONNEL PARACHUTE (MULTI-STAGE) 

, . „„i 4 0 v,iiUv nf a multi-stage parachute assembly to be used 

To determine the opening reliability or a mum suag v 

by parachutists from high altitudes. 
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14. % PLANNING 
COMPLETED 


IB. 76 INSTRUMENT A- I IS. * NESTING 
TION COMP1ETEC COMPLETED 


10/94 5/94 | 

20. REMARKS 

LIG 9121 WSC 3 
Tests completed: 256 
Aircraft hours flown to date 


70/95 


Test 

C-130 - 65 
B-66 - 40 

H-21 - 1 


Photo 

T- 28 - 26 

T-33 - 71 

B-57 - 6 

F- 104 - 2 

F-100 - 18 

H-21 - 20 

T-38 - 4 


17. % D AT A REDUCTION 
COMPLETED 


10/94 


PLETED 

5/0 


PLETED 

100/90 


Tests documented: 273 
Documented aircraft hours remaining. 


Test 

C-130 - 16 
B-66 - 0 


Photo 
T-33 - 5 
T-28 - 3 
H-21 - 23 


No tests. Testing will be resumed at the request of the AFSC project office, 
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FTNEM/266 
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/7/^> a/9/u, //J. Zt//dA 
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4. AFFTC PROJECT DIRECTIVE NR 
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7, TITLE AND OBJECTIVE ~ 


|2» PROJECT NR OR SYSTEM TEST OOJ NR [3. TASK. ESP OR TEST NUMBER 


|5» A FSC PRIORI TY 


60B23 

«. REPORTING PERIOD 


February 1965 


SUPPORT MISCELLANEOUS AXB FORCE TASKS 


CURRENT FY 




SCHEDULE I , . 


current 

SCHEDULE 


NEW 

SCHEDULE 


CHG CODE 


9. FIRST FLIGHT/ T EST MO, LATEST FLIGHT/TEST 


FY-Pi QTRS F' 


wiiSllM&&&S8&5&SSSB&SSSSSSS^S 



It. FINAL FLIGHT/TEST 


COMPLETED 


20. REMARKS 


IS. * INSTRUMENT A- IS. % TESTING 
TION COMPLETED COMPLETED 



' 7 * COmV/p ?fS UCTION IS. X REPORT COM- I*. * TOTAL C^XT 
COMPLETED PLETED PLETED 


Cent inning 


LIC 9110 WSC 3 


No tests. 


21. DATE 
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28 February 1965 

FTNE/260 


A. V. Stamm 
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4. AFFTC PROJECT DIRECTIV E NR 

64-41 


title and objective 


2. PROJECT NR OR SYSTEM TEST OBJ NR 


B. AFSC PRIORI TY 

75A 


tilllcotlonB. 

3. TASK. ESP OH TEST NUMBER 

64B05 


«. REPORTING PERIOD 


_February 1965 


EVALUATION OF AERIAL PHOTO TECHNIQUES (EXTENDED FREE FALL) 


To determine the most applicable camera location on helmets and develop a capability 
for taking motion pictures of parachutist during free fall. P 7 


SCHEDULE 


PREVIOUS 

SCHEDULE 


NEW 

SCHEDULE 


|CHG CODEJ 
S. FIRST FLIGHT/TeIt 


CURRENT FY 65~ 


N 


M 


M 


10. latest flight/test 


FY 


Mx. 


It. FINAL flight/test 


M 


FY-fLZ-QTRsfFY _68 _QTrJ 


ta. Total flight hrs req 




13. ACFT serial nr 



I yl 

1 

COMPLETED 

TION COMPLETE! 

*0. TESTING 
COMPLETED 

17* %DATA REDUCTION 
COMPLETED 

16. % REPORT COM- 
PLETED 

10. * TOTAL COM. 
PLETEO 

1.0/80 

20, REMARKS 

N/A 

65/53 

N/A 

25/10 

100/45 


Lie 9345 wsc 3 
Tests completed: 32 
Aircraft hours flown to date: 

Test 

C-130 - 8.5 


Tests documented: 60 
Documented aircraft hours remaining: 
Test 

C-130 - 21.5 


No tests. Resources were diverted to higher priority projects. 


28 February 1965 


I* 2 ' office symbol and telephone ext" 

FTNOP/291 
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